Improvement  Kes.  No.  1020-1960 


^ • 


For  the  Condemnation  of  right  of  way  for 
utility  purposes  across,  through  and  under 
portions  of  the  lots  on  the  east  side  of 
Elyetta  Street  from  Geneva  Street  to  Taylor 
_ Street,  and  also  the  lots  on  the  south  side 
0-  of  Taylor  Street  from  Elyetta  Street  to 
^Henrietta  Street. 

MODIFIED March  3:»- 1960-  as  below 

Resolution  Adopted: 

Feb.  9,  I96Q 

Confirmed: 

M^ch  3i  I960 

Bids  Received: 

1'^ 

I’ 

'f 

Contract  Awarded: 


Contract  and  Bond: 


Contractor: 

J 

Reported  Completed: 


Assessment  Roll  Confirmed:  April  7,  i960 

MODIFIED^  For  the  Condemnation  of  right,  of  way 
for  utility  purposes  across,  through  and  under 
portions  of  the  lots  on  the  south  side  of  Taylor 
Street  from  Elyetta  Street  to  Henrietta  Street, 

|,  except  the  east  60  feet  of  Lot  No.  7,  Interurban 
I Acre  Addition. 


B.O.  22-' 


br  sewer 


DECLARATORT  RESOLUTION  NO*  1020-1960 


For  the  Condemnation  of  right  of  way  for  utility  purposes 
across,  through,  and  under  portions  of  the  lots  on  the 
east  side  of  Elyetta  Street  from  Geneva  Street  to  Taylor 
Street,  and  also  the  lots  on  the  south  side  of  Taylor  Street 
from  Elyetta  Street  to  Henrietta  Street. 

MODIFIED:  March  3>  I960  to  read  as  follows: 

For  the  Condemnation  of  right  of  way  for  utility  purposes 
across,  through  and  under  portions  of  the  lots  on  the  south 
side  of  Taylor  Street  from  Elyetta  Street  to  Henrietta  Street, 
except  the  east  60’  of  I^t  No.  7,  Interurban  Acre  Addition. 
PLANS  ORDERED: 

ADOPTED:  peb.  9,  1960 

ADVERTISE  NOTICE  TO  PROPERTY  OWNERS:  Feb.  12  & 19,  I960 

HEARING  ON  CONFIRMATION:  Thurs.,  I&rch  3,  I960,  6:30  p.m.  1ST 

CONFIRMED:  AS  fK)DIFI£D:  March  3,  I960 

ASSESSMENT  ROLL  ORDERED:  March  3,  I960 

ASSESSMENT  ROLL  APPROVED:  ^1,  I960 

HEARING  ON  CONFIRMATION 


OF  ASSESSMENT  ROLL: 


Thurs.,  April  7,  I960,  6:30  p.m.  1ST 
March  2^,  I960 


NOTICE  SERVED: 


ASSESSMENT  ROLL  CONFIRMED:  April  7,  I960 
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DECLARATORY  KE.SOLUiiUXS  No  ^ 


For  toe  ■VaoDtiaw 


utmty  purposes 

-££,l-iLMg_°n  the  souT^h  siti.  of  TaTlor  . 

a y,r.,iTr:^vp.r,t  tv.  ...t  rii-Ly"{60;  ?eet  at  Lot  K'.' 

ii  i.m  i p m , 


and  under  nortions 

JJX I--X  I 7 ■ "i.  “ v..ii  oxir  SOUCtn 

street  to  Henrietta  Street,  e^ccept  th^~ea'Ht 
Interurban  Acre  Additinr 


necefsTi^^'^tf  COndeL^  rfrh  n^U^^To is  desired  and  deemed 

^cuth^a^TTiioisof^ 


the  west  f..rty  feet  of  Lot  No 


lots  in  Interu^^  ^ 


3 the  Dc^r:rs‘?LSa 


sessed  against  the  property  ^benXiaH  afTocred^TherS-  Purposes  shall  be  as- 


■Hie  property^  which  may  be  injuriously  or  beneficially  affected  by  ni-h  - VacatiQn 

^ay  for  utility  pur^oses^  is  desenbed  as  follows:  ^ots  5.  6 and  8 and 

Inter 'orban  Acre  Addition. 


nation  of.  right  of  wa 

forty  (/.O)  feet 


Lot 


;Qpfmng — Condem- 

the  west 


any  sum  or  sums  due  from  the  sfd  nroL«!  ™ t«P«ns*ble  for 

except  tor  such  moneys  as  shall  have  hem  actually  ^ecel’v”r  by  ThfLf?  fro^X°'  7 

Shan  he  asVovlded'J^rdL^foreSdlfar  ^0^077  sute^rts 


■ The  mpqtinp  nf  th^  ^\.r.rrr.  dcscribcd 

Citv  ^J7  — - — - 


auwvc  ucsuripen  

la-Qtcr  mouio,  ^as  mams,  electric  pole  lines  and  conduits,  telephone  andliTegFa^ 


All  Streets.  lots  and  lands  affected  by  the  above  described  . Condemns  ti  nr.  -,re  t n +R. 

BQnthwBBt.  .quarter  of  Section  9.  Toun-htp  ^ 

the  o^rporatsgjjalts  of^he^ltTo^^ 


CONFIRMED  AS  MODIFTFID 

^^jbcxSiXTHis 3rd ] 

Attest: 

Secretary  Board  of  Public  Works. 


Ma 


Boai 


Works 


DECLARATORY  RESOLUTION  No. 


‘ . 19  .V 


k&^CondemniiUan  of  ri|^t  ot  way  .for  utility  pi 


All  aa  shown  by  a plan  of  such  _ n^A — ^ utility 

purposes  as  above  dn^bed,  now  on  Ue  in  the  OlBce  Of  the  Department  of  Public  Worics  of  the  City  of 
Port  Wayne,  Indiana  ' c rnd attaation  of  rigtet— . *8  abov*  dasexdbad*  Is  to  te 

by  'i5-5d«unlLg  appropriating  for  oasamant  purpoaaa  thaprcparty  dofrsribed 


The  coat  of  said  Vaaatia*  Opaaiag  Condemnation  oft  right  of  way  for  utility  purposes  shall  be  as* 
•eased  against  the  property  bcnefllcially  affected  thereby. 


Indiana,  entitled  *'An  Act  Concerning  Municipal  CorporatlaDs'*,  as  approved  March  6,  1906  and  the  provi> 
sions  of  all  acta  amendatory  thereto  and'  supplemental  thereof,  including,  the  ri^t  to  bond  assessments  as 
in  said  law  ordered. 


Assessments  if  deferred  are  to  be  paid  in  ten  equal  installments  with  interest  at  the  rate  of  five  (5)  % 
per  annum.  Under  no  circumstances  shall  the  City  of  Fort  Wayne,  Indiana  be  or  be  held  responsible  for 
any  sum  or  sums  due  from  the  said  property  owner  or  owners,  or  for  the  payment  of  any  bond  or  bonds, 
except  for  such  moneys  as  shall  have  been  ac^ally  received  by  the  City  from  the  assessments  for  such 
property  damages  at  said  City  is  by  said  above  entitled  act  required  to  pay.  All  proceedings  bad  in  the  making 
of  said  improvement,  assessment  of  property,  collection  of  assessments  and  issuance  of  bonds  therefor, 
shall  be  as  provided  for  in  said  above  entitled  act  and  all  amendments  thereto  and  supplements  thereof. 


The  uaaatiiMi  af  tW  above  desoibed4tX.^fjtt2£BMDjUL.  shall  be  subject  to^MMMMwtJsi^the  use  of  the 
City  of  Port  Wayne,*  Indiana,  and  other  public  utilitiei  for  the  construction  and  majntenanc*  of  sewers, 
water  mains,  gas  mains,  electric  pole  lines  and-  conduits,  telephone  and  telegraph  pole  linae  and  conduits. 


All  Streets,  lots  and  lands  affected  by  the  above  described. 


The  property  which  may  be  injuriously  or  beneficially  affected  by  fuch«WeeeMe»M^peMn#MiCendem- 


AI)  according  to  the  nMt&t^  andlnanner  provided  for  in  an  act  of  the  General  Aaecmbly  ^ the  State  of 


.ADOPTED  TWTR  ' ' 


DAY  or  ■ ^ \^IqO  .. 


Attest: 


Secretary  Board  of  Public  Works. 


wkirr  or  for  sanitahi  spmek 


TUia  UIDERXUHE  WXTN£SSii.TH,  That  tha  Grantor  INTI  ANA  ft  NXChlOAN  ELeCTRIC 

COMPAlIXf  an  Indiana  corporation  in  consideration  of  t)s  sun  of  ONE  DOUAR 

($1*00}  In  band  paid  bjr  tho  (Jrantss  and  other  g;ood  and  Tsluabls  oonsidaratlonf 

tbs  receipt  whsrsor  is  hereby  acknowledged  hereby  gires  and  grartis^  but  without 

warranty  and  eub.jeet  to  the  rights  of  tenants  in  possession,  irmofar  as  Its 

present  title  enables  it  to  do  so,  to  the  Orantee,  the  CXTT  OF  FORT  MAINE, 

an  Indiana  ^huiicipal  corporation  of  Allen  County,  Indiana,  its  successors  and 

assigns,  a perpetual  right  of  wsy  and  easenent,  to  construct,  maintain  and 

<^rate  a eewer,  with  all  necessary’  appurtenances  Tor  the  traneportution  and 

carrying'  oi  sewage,  under,  in,  and  along  the  following  described  real  estate, 

in  Allen  County,  State  of  Indicia,  to  wltt 

An  eaeement  over  the  east  senren  (7)  feet  of  the  west  lh7  feet  of  Cote 
numbered  15  , 26  , 33  , 36,  l«6,  51»  56,  61,  66,  70^  77»  62,  63t  66,  and  the 
north  half  of  .^22 1 

Also  an  easenent  over  the  east  11  feet  of  the  weet  117  feet  of  the  south 
half  of  Lot  #22f 

Also  sn  easemsnt  over  the  south  12  feet  of  the  east  60  feet  of  Lot  #7| 

All  of  the  aforementioned  lots  are  located  in  Xnterurban  Acres  Addition  to 
the  City  of  Fort  WSyne,  according  to  the  recorded  plat  thereof  ae  mom 
in  P«  3*  pegs  75  of  the  i^cords  of  the  ^<ecorder*s  Office  of  Allen  County, 
Indians* 

Upon  the  following  terns  and  conditions,  all  of  which  the  Grantee  covenants 
end  agrees  to  keep  and  perform,  namely < 

1*  The  sewer  line  shall  oe  installed  and  maintained  at  a sufficient  depth 
below  the  eurfsce  of  the  ground  to  permit  the  covering;  over  of  said 
sever  line  to  be  dressed  off  level  with  the  adjacent  i^round  surface  and 
to  permit  adequately  proper  draina  e to  said  line  from  aqy  building, 
structure,  or  residence  which  may  be  hereinafter  erected  on  said  parcel* 
2*  Grantor's  real  estate  shall  be  used  by  Grantee  in  a manner  not  to  in* 
jure  or  interfere  with  the  poles,  towers,  foundations,  lines,  wires, 
cables,  conduits  or  any  other  equipment , apparatus , structures  and 
property  of  the  Grantor  now  or  hereafter  placed  upon,  over  or  under 
Grantor's  real  estate*  Grantee  ftiall  at  no  time  bring  any  machine  or 
piece  of  equipment  having  a boom  over  ten  (10)  feet  in  height  onto 


* 


i « 


2 


urmntor's  r&«I  and  all  of  GranWa's  Aaol-dnary  and  aqulptaant 

shall  be  so  opr  rated  as  to  rMintain  a niinisua  clearanoe  of  tan  (10) 
feet  from  any  conductor  on  any  of  urantor'e  eleetrlo  lines.  All 
daaage  to  any  or  all  of  ttie  aforesaid  property  of  Grantor  in  the  con- 
struction,  oaintenance  and  operation  of  said  sewer  line  shall  bs 
promptly  paid  tiy  Grantee. 

3.  Access  to  the  Grantor's  real  eatate  orer  the  adjoining  lands  of  the 
Grantor  is  hereby  granted  Insofar  as  nay  be  reasonably  necessary  in 
the  construction,  operation  and  rmintenanoe  of  sale  sewer  line. 

li.  The  Grantee  asesunes  all  risk  of  injury  that  it  or  its  agents,  servants, 
employees  ard  parties  using  Grantor's  real  estate  may  sustain  from  the 
poles,  towers,  wires,  lines,  and  electricity  and  from  all  other  equip- 
ment, apparatus,  structures  and  property  of  the  Grantor  and  the  use  of 
the  preniees  by  the  Grantor,  and  imr^by  releasee  the  Grantor  from  all 
liability  therefor  and  covenants  to  indemnify  anc  bold  harmless,  the 
Cdrantor  against  any  and  all  liability  for  damages  in  the  preimises,  ex- 
cept where  proxiaately  caused  by  the  fault  or  negligence  of  ttm  Grantor. 

5.  The  Grantee  shall  at  all  tines  indemnify,  protect,  defend  md  save  ham- 
less,  Grantor  i^galnst  any  arKi  all  actions,  suits,  proceedings,  loi^ses, 
claims,  demands,  liabilities,  damages,  and  expenses  (including  court 
costs  and  attomsye  fees)  which  Grantor  msy  incur  or  suffer  on  account 
of,  or  arising  out  of,  or  exercise  by,  the  (^rantee,  its  agents,  ser- 
vants, aq;>l02'ees  and  InTltees  of  tm  rights  and  privilsgss  herein  granted 
by  the  Grantor  to  the  Graritee,  except  where  proximately  caused  by  the 
fault  or  negligence  of  the  Grantor. 

6.  upon  cosq>letion  of  said  sewsr,  urantee  shall  restore  Grantor's  rsal  es- 
tate to  ttie  same  level,  contour,  and  general  condition  as  existed  on 
eaid  real  estate  immediately  prior  to  oonstruotion  of  said  sswsr  line. 
Orantse  shall  dispose  of  any  sxosss  earth  from  Grantor's  real  estate 

as  Grantor  may  direct. 


I 


ff 


•3- 


7«  CNa  tb«  faiXurt  of  tbo  Orantco  to  oomnonco  and  oonpleto  tho  conatruotion 
of  aold  aawor  Una  over  Grantor 'a  raal  aatata  wltliln  flva  (5)  > aara 
from  tha  data  haraof  or  any  tima  after  oonplatlon,  Grantaa  faila  to 
aaq>loy  it  for  tha  purpoaae  for  vhloh  it  was  oonatr^etad^  thia  aaaamant 
shall  taminata  and  tha  rights  and  pririlagas  haraundar  s .all  rarart 
to  tha  Grantor  as  fully  and  conpXataly  as  if  this  aasoaant  nerer  had 
baan  grantad. 

THI3  XNDtNTUHB  oontains  all  the  tarns  and  oonditioos  of  this  aaaanant^  ex- 
press or  lapliadf  batwaan  tha  parties  hereto  and  idiAlX  be  binding  upon^  and  in- 
ure to  tha  benefit  of,  i^nmtor  aid  urantaa  and  their  raspaetlre  raprasantatiTas, 
suecassors,  assigns^  lasi$aas  and  licanseas* 

m WlTHEiSS  tha  .Cantor  has  caused  it  a corporate  nana  and  aaal 

to  be  hereunto  affixed  thia  of  » 196  • 

* MICHIO&N  KU.CTRIC  C0MP4NI 
by 

Ilea  W^idiant 

ATTRdTi 


STATE  OF  INDUNA  ) 

) S3t 

COUNTY  OF  ALLSn  ) 

da  it  re^aadjarad  that  on  tha  6ay  of  « 196  be- 

fore tiia  undaraignadf  a Notary  Public^  in  and  for  tha  County  and  Stats  aforeaaid^ 
personally  appoarod  Vloo  Prssidsnt  of  ths  INDIANA  St  KICH- 

IQAN  £i;»ijCTRIC  COHRUlYy  and  acknowledgod  the  oxseution  of  ths  foregoing  instrunent 
on  behalf  of  aald  Conpany^  as  the  ▼oluntary  act  and  dead  of  said  Company  for  tha 
uses  and  purpoeas  therein  sat  forth. 

IN  meMOr,  l have  hereunto  sat  i«y  hand  and  seal  the  dtff  and  year 

first  above  vrittan* 

■ ""^^ARY  r>UdLi(I; 


Hy  Cooniiaaion  rjqilraai 


i4arch  7j  I960 


Mr,  Thomas  V/,  Yoder 

Campbell,  Livingston,  Dildlne  & Kaynle 

Lincoln  Tower 

Fort  Wayne  2,  Indiana 

Dear  Mr,  Yoder: 

Transmitted  herewith  is  an  extract  from  the  Board  Minutes 
in  connection  with  Declaratory  Resolution  1020-1960, 

The  Resolution  as  modified  v;as  rewritten,  a copy  of  which 
we  understand  the  Engineering  office  furnished  to  you. 


Very  truly  yours. 


BOARD  OP  PUBLIC  WORKS 


KM:ms 


enc 


# 


ALEXANDER  M. CAMPBELL 
VON  E.  LIVINGSTON 
RICHARD  S.TEEPLE 
1913-1950 
WARD  E.  DILDINE 
GILMORE  S.  HAYNIE 
THOMAS  W.  YODER 
Wl  LLIAM  P.  FAGAN 
DAVID  B.  KELLER 
MACLYN  T.  PARKER 


LAW  OFFICES 

CAMPBELL,  LIVINGSTON,  DILDINE  & HAYNIE 

LINCOLN  TOWER 

FORT  WAYNE  2,  INDIANA 

March  4,  1960 


TELEPHONE 
ANTHONY  6102 


Board  of  Public  Works 
City  Hall 

Fort  Wayne,  Indiana 

Attention:  Mr.  Kenneth  McGraw,  Secretary 

Re:  Declaratory  Resolution 

No.  1020 


Dear  Mr.  McGraw: 

Pursuant  to  our  understanding  arrived  at 
yesterday  evening,  would  you  please,  at  your  conven 
ience,  mail  us  a copy  of  the  extract  of  the  Board's 
minutes  covering  the  modification  to  Declaratory 
Resolution  No.  1020. 


Thank  you. 

Respectfully, 

CAMPBELL,  LIVINGSTON,  DILDINE  & HAYNIE 


Thomas  W.  Yoder 


TWY:JD 


For  the  Condemnation  of  right  of  way  for  utility  purposes  across,  through  and  under 
portions  of  the  lots  on  the  south  side  of  Taylor  Street  from  Elyetta  Street  to 
Henrietta  Street,  except  the  east  sixty  (60)  feet  of  Lot  No.  7>  in  Interurban  Acre 
Addition. 

Prepare  the  Assessment  Roll  $1*00  Benefits  and  $1.00  Damages. 

Paul  F.  Roembke 
John  D.  Lombard 

Berkeley  Ward 

BOARD  OF  PUBLIC  WORKS 

ic 

attach  Res.  & P.  0.  List 
cc:  Mayor  Burns 


Signed 


Reply: 


March  17,  I960 


Primary  assessment  roll  of  benefits  and  damages  completed  and  attached. 


DB/is 
attachs , 


Signed 


SENDER:  REMOVE  & KEEP  3RD  COPY  - RECEIVER:  ANSWER  & KEEP  2ND  COPY  - RETURN  1ST  COPY 
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Indiana  & Michigan  Electric  Company 
2101  Spy  Run  Avenue 
Fort  Wayne  , Indiana 

March  3,  1960 


Board  of  Public  Works  of  the 
City  of  Fort  Wayne,  Indiana 
City  Hall 

Fort  Wayne,  Indiana 

Attention:  Mr.  Paul  V.  Roembke,  Chairman 

Re:  Declaratory  Resolution 

No.  1020  (1960) 

Gentlemen: 


Pursuant  to  our  recent  conversations  with  Mr. 
Green,  City  Engineer,  and  John  Hoffman,  Jr. , Associate 
City  Attorney,  Indiana  & Michigan  Electric  Company  is 
willing  to  grant  the  City  of  Fort  Wa3nie  an  easement  for 
sewer  purposes  over  the  West  10  feet  of  our  60-foot  strip 
extending  due  North,  from  Geneva  Street  to  the  South  line 
of  Lot  7 in  Interurban  Acres  Addition  lying  between 
Henrietta  Street  and  Elyetta  Street  in  the  City  of  Fort 
Wayne,  Indiana. 

We  would  require,  however,  that  the  center- 
line  of  the  sewer  be  located  not  over  5 feet  to  the  East 
of  the  West  boundary  of  our  said  60 -foot  strip. 

In  addition  to  the  above,  Indiana  & Michigan 
Electric  Company  is  also  willing  to  grant  to  the  City  of 
Fort  Wayne  an  East-West  easement  for  sewer  purposes  over 
the  South  10  feet  of  the  East  60  feet  of  Lot  7,  Interurban 
Acres  Addition.  We  would  require  that  the  center- line  of 
the  sewer  be  located  along  the  center  of  said  10-foot 
strip. 

It 

We  are  also  willing  to  grant  to  the  City  of 
Fort  Wayne  sewer  tap  easements,  not  to  exceed  six  feet  in 
width,  and  lying  3 feet  on  either  side  of  mutually  agreed 


4 


Board  of  Public  Works  of  the 
City  of  Fort  Wayne,  Indiana 
March  3,  1960 
Page  2 


upon  lot  lines  intersecting  said  North -South  sewer  ease- 
ment, herein  proposed  to  be  granted,  from  the  East. 

The  easement  would  permit  you  to  use  the 
balance  of  our  North-South  60- foot  strip,  above  described, 
for  the  purpose  of  constructing  and  maintaining  the  sewer 
line,  for  gaining  access  thereto,  and  for  operating 
equipment  necessary  for  such  construction  and  maintenance. 
Such  activities,  as  well  as  your  entire  use  of  said  sewer 
easements,  shall  be  conducted  in  a safe  and  lawful  manner, 
and  without  danger  to  persons  or  property,  and  without 
interference  to  our  use  of  the  subject  property  which  is 
devoted  to  the  furnishing,  supplying,  transmitting  and 
distributing  of  electrical  current  in  our  business  as  a 
public  utility,  and  with  a view  to  our  future  needs.  We 
would  also  expect  you  to  pay  for  any  damages  sustained  by 
us  by  reason  of  the  relocation  of  any  of  our  facilities 
situated  upon  the  subject  property,  if  relocation  is 
necessitated  by  reason  of  your  use  of  said  sewer  easements. 
We  would  expect  you  to  promptly  remove  all  dirt,  debris, 
rubble  and  other  deposits  left  on  said  property  resulting 
from  your  use  thereof. 

Terms  of  the  grant  will  have  to  be  acceptable 
to  our  counsel. 

If  the  proposals  herein  set  forth  correctly  re- 
flect the  intentions  of  the  parties,  as  expressed  in  our 
recent  conversations,  we  would  expect  you  to  either  rescind 
Declaratory  Resolution  No.  1020  or  modify  same  so  as  to 
eliminate  our  property  from  the  attempted  condemnation. 


Yours  truly. 


RET:JD 


February  l8,  I960 


John  Hoffman 
Associate  City  Attorney 


On  March  3>  Hearing  on  the  Confirmation  of  Declaratory 
Resolution  No"*  1020  will  be  held,  which  is  for  the  con' 
demnation  of  a right  of  way  for  utility  purposes,  A 
particular  paragraph  in  the  Resolution  reads: 

The  above  mentioned  easement  shall  be  subject  to 
the  use  of  the  City  of  Fort  Wayne,  Indiana  and 
other  Public  Utilities  for  the  construction  and 
maintenance  of  Sewers,  Water  Mains,  Gas  Mains, 
Electric  Pol><i  Lines  and  Telephone  Pole  Lines  and 
Conduits • 

We  understand  Mr,  Patrick  Donahue  called  you  in  your 
office  and  questioned  the  legal  right  of  the  City  to 
condemn  an  easement  for  the  use  of  other  Public  Utili- 
ties* May  we  have  your  opinion  in  regard  to  the  afore 
said  condemnation  procedure;  so  that  the  Board  may  know 
what  position  to  take  when  the  Hearing  is  held? 


BOARD  OF  PUBLIC  WORKS 


enneth  McGraw, Clerk 


KM:es 

CCtMayor 


P,S 


The  Indiana  and  Michigan  Electric  Company  has  1?  lot 
affected  by  this  Resolution. 


LAW  OFFICES 


t 


CAMPBELL,  LIVINGSTON,  DILDINE  & HAYNIE 
Lincoln  Tower 
FORT  WAYNE  2.  INDIANA 


TELEPHONE  ANTHONY  6102 


February  29,  1960 


Mr.  John  Hoffman,  Jr. 

Associate  City  Attorney 
Fort  Wayne  National  Bank  Bldg. 
Fort  Wayne,  Indiana 


RfiJ  Declaratory  Resolution  No.  1020 


Dear  Johns 


Enclosed  herewith  Is  a copy  of  the  grant  from 
X & M,  to  the  City,  proposed  as  a substitute  for  the  con- 
demnation attempted  under  the  above  resolution. 

The  grant  was  submitted  to  the  City  Engineer  this 
morning  who  did  not  wish  to  approve  It  until  after  he  had 
the  benefit  of  your  opinion. 

I am  also  sending  a copy  of  the  grant  to  the 
Board  of  Works. 

Under  our  proposal,  I & M would  grant  an  easesient 
to  the  City  for  sewer  purposes,  over  the  parcels  described  In 
the  grant,  and  the  resolution  would  be  amended  (or  rescinded 
In  part)  so  as  to  delete  therefrom  the  descriptions  covering 
these  parcels,  thereby  leaving  I 6e  M out  of  the  condemnation. 

I hope  that  this  matter  can  be  worked  out  before 
the  March  3rd  meeting  so  that  there  will  be  no  need  for  a 
remonstrance. 


Yours  very  truly, 

CAMPBELL,  LIVINGSTON,  DILDINE  & HAYNIE 


By 

Thomas 

TWY:JD 

cc:  Paul  V.  Roembke, 

Chairman,  Board  of  Works 
Patrick  Donahue 
Roy  Trovlnger 
Gerald  Bridgewater 


Oder 


NOTICE  OF  IMPROVEMENT 


lOJO 


To. 


OFFICE  BOARD  OF  PUBLIC  WORKS 

Fort  Wayne,  Indiana 


You  are  hereby  notified  that  the  Board  of  Public  Works,  of  the  City  of  Fort  Wayne,  Indiana,  did 

pass  Improvenien^^eso^ulTorf?^ 

providing  for  the  CorsS«w>ation  4>f  rlgtit  tot  atilitf  neroft*,  thrff;fh 

'jiridcr  oi  fcwr  tatm  on  tia«  «a4t  Ilyititt,  f areas  dcimrva  ftr«et 

to  royxer  Street*  «nd  aioo  oat  %im  ovuth  aidu  o(  StJrcet  froa  Elyttto 

Stfoot  to  Foiuiott*  Streot* 


All  work  to  be  done  under  aforementioned  Improvement  Resolution  shall  be  in  accordance  with  the  de- 
tailed plans,  profile  and  specifications  which  are  now  on  file  and  may  be  seen  in  the  office  of  the  Board 
of  Pul>lic  Works. 

The  Board  has  fixed 

a date  and  time  when  they  will  hear  and  consider  objections  or  remonstrances  from  all  persons  whose 
propery  will  be  affected  by  the  proposed  improvement. 

You  are  hereby  notified  that 


is  subject  to  assessment  for  said  proposed  improvement  under  the  Improvement  Laws  passed  by  the  Gen- 
eral Assembly  of  the  State  of  Indiana,  March  6,  1905,  and  under  all  acts  amendatory  thereto  and  supple- 
mental thereof. 


BOARD  OF  PUBLIC  WORKS 


NOTICE  OF  IMPROVEMENT 


OFFICE  BOARD  OF  PUBLIC  WORKS 


Fort  Wayne,  Indiana, 


Pi^hrnary 


xoao 

Adam  & Penelope  Jo  Fink 
Fort  Wayne,  Indi.a.ua.. 


You  are  here'uy  notified  that  the  Board  of  Public  Works,  of  the  City  of  Fort  Wayne,  Indiana,  did 


t'fi-pJaratcry 

pass  ImprovemenyResolution  No 

providing  for  the  cf 

i^.vl  li'vlcr  pcrticna  cf  t»;e 

Taylor  Strfct,  aod  ulec  the 

Street  to  Bcfiirietta  Street* 




ria-ht  cf  ray  fcr  p»jrr>osss  across,  tlrwtjrh 

ihs  caat  side  of  3»iye<ta  Street  fros:  Street 

Lots  tn  ihr  scat':  »i>1e  of  Taylor  Street  trora  Blyetta 


All  wnrk  to  be  done  under  aforementioned  Improvement  Resolution  shall  be  in  accordance  with  the  de- 
tailed plans,  profile  and  specifications  which  are  now  on  file  and  may  be  seen  in  the  office  of  the  Board 
of  Public  Works. 


The  Board  has  fixed 'd.?* 

a date  and  time  when  they  will  hear  and  consider  objections  or  remonstrances  from  all  persons  whose 
propery  will  be  affected  by  the  proposed  improvement. 


You  are  hereby  notified  that 


Lot  70  - W.140’ 


Interurban  Acre  Add, 


is  subject  to  assessment  for  said  proposed  improvement  under  the  Improvement  Laws  passed  by  the  Gen- 
eral Assembly  of  the  State  of  Indiana,  March  6,  1905,  and  under  all  acts  amendatory  thereto  and  supple- 
mental thereof. 


BOARD  OF  PUBLIC  WORKS 


BOARD  OF  PUBLIC  WORKS 

CITY  HALL 

Fort  Wayne  2,  Indiana 

2 


V /^iD 


NOTICE  OF  IMPROVEMENT 


OFFICE  BOARD  OF  PUBLIC  WORKS 

Fort  Wayne,  Indiana I^Ctt4Mry..iy«...196D. 


1020 

Floyd  H.  & Opal  Hull 
■ 2'0’4  5 " FI  y e 'f  Ta  "S  ‘t  ‘fee  i' 
Fort  Wayne,  Indiana. 


You  are  here'oy  notified  that  the  Board  of  Public  Works,  of  the  City  of  Fort  Wa3^ne,  Indiana,  did 

pass  Improvementy{I^BA!Vr^9f(5r 

providing  for  the  Cocdesmavioii  of  right  of  tua/  for  urjJiiry  mirpoa««,  across,  flirougU 
a-.u'!  tniv'Te):  of  t\&  Lots  c&i  the  east  sid«  of  Aa/erta  Extent  froa  Ceaeva  i»treet 

t J Ta/Xor  a id  &ls-j  tlvi  Lots  oa  the  south  side  of  XayjLor  hvrsst  froa  £lyetts 

Strati  to  Htaritita  Strati* 


All  w'ork  to  be  done  under  aforementioned  Improvement  Resolution  shall  be  in  accordance  with  the  de- 
tailed plans,  profile  and  specifications  which  are  now  on  file  and  may  be  seen  in  the  office  of  the  Board 
of  Public  Works. 

The  Board  has  fixed .4.STr 

a date  and  time  when  they  will  hear  and  consider  objections  or  remonstrances  from  all  persons  whose 
propery  will  be  affected  by  the  proposed  improvement. 

You  are  hereby  notified  that 


Lot  26  - W.140' 


Interurban  Acre  Add. 


is  subject  to  assessment  for  said  proposed  improvement  under  the  Improvement  Laws  passed  bj'  the  Gen- 
eral Assembly  of  the  State  of  Indiana,  March  6,  1905,  and  under  all  acts  amendatory  thereto  and  supple- 
mental thereof. 


BOARD  OP  PUBLIC  WORKS 


j 


■•Si' 


^7- 


i 


L' 


NOTICE  OF  IMPROVEMENT 


OFFICE  BOARD  OF  PUBUC  WORKS 


Fort  Wayne,  Indiana, . ^^9. . . 


X020 

Harry  E.  & Eliza  E.  Prine 
Fort  Wayne,  Indiana. 


You  are  hereby  notified  that  the  Board  of  Public  Works,  of  the  City  of  Fort  Wayne,  Indiana,  did 

pass  Improvemenfe^esolution  No ^ 

providing  for  the  ail  ft’s  it  m*a,7  f*ojf  tstixitf 

ml  rm.'ticT®  J»lf  tm  IrtB  «iist  of  .Yfffttai  i’r»»  iizg^>st 

to  Toylor  t*iA  tiMr  Lets  oa  sonstSt  ot'  x'sriox 

8tr««t  to  Hmriotto  Stcoos* 


All  w'ork  to  be  done  under  aforementioned  Improvement  Resolution  shall  be  in  accordance  with  the  de- 
tailed plans,  profile  and  specifications  which  are  now  on  file  and  may  be  seen  in  the  office  of  the  Board 
of  Public  Works. 


The  Board  has  fixed 

a date  and  time  when  they  will  hear  and  consider  objections  or  remonstrances  from  all  persons  whose 
propery  will  be  affected  by  the  proposed  improvement. 


You  are  hereby  notified  that 


Lot  66  - W.140’ 


Interurban  Acre  Add. 


is  subject  to  assessment  for  said  proposed  improvement  under  the  Improvement  Laws  passed  by  the  Gen- 
eral Assembly  of  the  State  of  Indiana,  March  6,  1905,  and  under  all  acts  amendatory  thereto  and  supple- 
mental thereof. 


BOARD  OF  PUBLIC  WORKS 


BOARD  OF  Public  works 


Fort 


CITY  HALL 

Wayne  2.  Indiana 


I Ok  ‘ 
Insufficient  addr^ 


CJ7 


■Dec 


L-A'EATO'EY 


Resolution  TSTn.  10(20  l96cFor  Cd 


Of  T?ir-^HT  Oi=  U3av  hop  Utu. 


]~?Jg;POSES  Acf.oss 


_Ajo  U^ 


SinF  bufETTA  SrPter  Het~»/i  Geme'^<i  ‘biTEEe-  ~Io 


OWNER’S  NAME 

ADDRESS 

R.  P.  0. 

NUMBER  OP 

DESCRIPTION 

LOT 

BLOCK 

0.  L. 

Q.c  1-4- 
2-3*f^ 

WyEOu'EO^  Obuey  a i 1~Iaz-BC 

C //U  ^■'^9- 

55' 

UJ-lA 

5' 

1 WTE-E-OBeAlU  AlEJ:  Abd 

Caec  "o-s  E&ta  (Vl. 

1 ( 

63  - 

■ UO.  14 

?' 

T^TtOU  j MlUt-Cfe.  ^ E)EL.OBiS 

86 

■ W.  14 

5' 

*' 

4 ■*. 

C+)Afel-ES  A, 

in 

■ U).  14 

?' 

■ 6 

FiNt^  ^ Adam  r "Peijetuope.  Jo 

no 

■ W.JA 

J*" 

U 

<7  6 4 

"Pe-iaje.  Mabby  H.  s Eliza  E. 

bh 

•U).  lA 

5 " 

7 

NlAGMEia,  Ai-Beet  E-  i Maega'e.et 

ip  1 ' 

■W,  M 

3 ' 

.. 

8 ^ 

B-EBOdt^  1-Iaeol.d  E. 

(a  0 b'l-U.  Y . L;  , J 

5<o' 

lAJ.  14 

/ 

" 

9 

Havcee-toCe  Johm  F . f Ethel  M. 

^'S.4-  Cri  .-f,  'z' 

5\  - 

W,  (4 

" 

10  - 

"B-AileH  , Clyne  4.  t MAECAter  M. 

SS37y^!  M- 

to,  14 

d' 

11 

(Ohe-istikje  a. 

S8- 

E7o' 

sf  W.  /4 

0'  " 

12 

Fooue  e£  .'t  C.  s Katwleeu  E. 

33 

■ tU. I4£ 

11 

13  4 

MuI-L-  ^ P U0)VD  M.  <f  0 P*AL- 

U 4<S-  Ci---  'G 

3A  - 

«J.  I4 

0' 

u 

14 

ImOia  ua  4"  MicmicpAnj  ETc^cTE-tc:  . 

2-1  0 1 lirE  , 

23 

■ 3. 54, 

B's'f  W. 

4®' 

16  '' 

Bj-^Aiiyi  Alta  ViOuA 

Cl 

e/yCtt^ 

33 

■ M.SH 

; 9-f  w.l 

JO'  " 

16 

h ' •* 

" 

IE  - 

S.so' 

af"  UJ.  1' 

£o' 

17 

AK-IA5TR.0EJfi.^  GbOE&B  F.  <•  DoBOTHY  J, 

IS"  - 

w.  sa.' 

1 uj./ 

to"  “ 

18  ' 

^ T^E-TEE.  " E.S.T." 

Osc^qe 

5“ 

19  •- 

' J Je.Fj=  J.  f iMAGfEuor  C. 

ST 71  75-y/-  I- 

6 - 

E.47 

1' 

20 

C-CA  ili,  C'l-AEEHC.&  G-  <■  TeeBJiA  M. 

0 - 

UJ.^. 

' 

*' 

21  ' 

TtiL  ^ CHAELesl.  s LEowt  r'l  i Anwa  L.jC 

Ai2<-es  . lA?  3-3  7^  4 

'Ts^yfori- 

^7  - 

UJ.  4c 

1. 

22 

Va?  AMAn)_,  Ai-BcaT'JS  M.  4 Hoyuahd 

3 

23 

<f  MjCHlCaAfO  ^l_EC.-nEiC  CL^  . 

2ioi  E.fc 

)o^  l-ors 

7 , 

ir.  3 

3,  2& 

24 

35,  3 

5,  6 

i.| 

26 

<o(o  ,1 

o'  -n 

33 

i 

26 

1 

) 

/ 

27 

28 

29 

80 

31 

32 

33 

34 

36 

36 

37 

38 

39 

40 

41 

42 

43 

44 

46 

46 

47 

48 

49 

60 

61 

62 

63 

64 

66 

66 

67 

68 

69 

61 

62 

63 

64 

66 

TOTAL 

IftfLca  SrggcT^ /^lon  Acao  Ihe  L-nts D>J 

LlOfi-ie-TTA  ^TEgBT  . 


-^9- 60 


